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BILL NO. S-76-06- 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving Change 
Order No. 1 to Continental 
Construction Company in connection 
with Alley Improvement Resolution 
5711-1975. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Continental 
Construction Company in connection with Alley Improvement 
Resolution 5711-1975 for additional materials needed on 
construction of alley paving between Wildwood and Kinnaird 
Avenues from the first alley west of Hoagland to the first 
alley east of Fairfield, in the amount of $201.58, as set out 
in the specifications, is hereby in all things ratified, confirmed 
and approved. , 

SECTION 2. This Ordinance shall be in full force 
and effect from and after its passage and approval by the Mayor. 












Rc'ojJ ihe first tine in full and in .-r.otion by_ ^ seconded by 

, and duly adopted, read the second tine by title and referred 

cAJh^- 


to the Ccnvnittee on 


(a adHrhF-tffey-.£ia n 


rnriri-s 4 i-i i f - n ■ u. i nH Pnhl h Ih-M i inn tn hn held after due le oal notice, 

at t hp - rn i jfif i 1 riiri.ii bprs. Litv-Countv UuTldll ui. r u iL - l I ayne, Ind iana. on_ 



Date: 




Read the third time in full and on motion by_ 
seconded by _> and duly adopted, placed on its passape. 


Passed (^5T) by the foflov/inp vote: 

AYES NAYS ABSTAINED 


ABSENT 


OT AL VOTES 
BURNS 
HING-A • 
HUNTER 
MOSES 
N UCKOLS 
S CHMIDT, D. 

SC!i:iI DT, V. 
STIER 
talariCO 
■ DATE: 




TO-WIT 

n 




Cin CLERK 

Passed arid adopted by the Cotorrion Council of the City oi Foru Wayne, Indiana, 
as (Zon ing HppMGen p ra - l - ) — (^-j'^ ^ xati on) (Special) (Appi op'rta+i-&nj^0rdi nance 
fRi^^^fTtrrrroTv)^;^^ o n the_ /^ of^_ 



he hour of o 'clock 


CITY CLERi^ 


///^ 

Annroved end sinned by me this /y _day of 


197 ^ . 

























































Bill No, 


S-76-06-32 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee oh Public WorLs _ to v;hom was referred an Ordinance 

Approving Change Order No. 1 to Continental Construction Company in 

connection with Alley Iniprovement Resolution 5711-1975 - 


have had said Ordinance under consideration and beg leave to report back to the Common 
Council that said Ordinance ^ _BASS. 



DATE 


3" CONCURRED IN 
—CHARLES W. WESTERMAN, CITY CLERK 















































CHAISE ORDER 


/ 


Change Order No. ■ 1 _ Resolution No. 

Project No., ■ 10.195 ' ' Board Order No. ^9-72 

Name of Project E-W Alley between Wildwood & Kinnaird A venuegate 6-l-7o 


To: Continental Construction Company 

(Contractor) 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 

Quantity 

Description of Change 

Unit Price 

Change in Contract Price 

Material 

Decrease 

Increase 

2 

11-.66 s.y 

. Pavement, Concrete, 7" plain 

13.75 


201.58 










1 





! 









iotal Decrease 



Total Increase 

Net (rSSffi^QSSC) (Increase) Contract Price 


1 201.58 


! 

1 201.58 


The sum of $ 201.^8 


__ is hereby (added to) the total contract 

price, and the final contract price shall be adjusted as follows: 

Original Contract Price S_ o-Si:0,30 

Current Contract Price Adjusted by Previous Change Order $_ 

New Contract Price Including this Change Order S_ 


7022.38 


The time provided for completion in the contract for this project is (unchanged) 
f) bv ® calendar days due to this Change Order. The date for completion 

of all work shall be ^ _. Furthermore, this document shall become an 


amendment to the poi^ract and all,provisions of the contract shall apply hereto^. 


Recommended by: 


(Contractor) Date 



Engineer) Date 




(City Engineer) Date /jy 




(Owner) Date _ 




Attested by: 




C/-7 



















































Change Order No 

* ’ Resolution No. 

Board Order No.. 

REQUEST AND JUSTIFICATION FOR CHAISE 

1. Necessity for changer The additional square yardage was needed to connect existing drive s 
to the new pavement. (A 12 ft. wide alley was removed and only a 10 ft. wide all^ 

replaced.) ' ' 


1 . « 

. 5711 - 7 ? 

139-72 


2. . Will proposed change alter size of the project? Yes _ No _^ 

If yes, explains __________ 


3. Affect on operation and maintenance cost of this project; None. 




Enginee; 































DIGEST SHEET 




TITLE OF ORDINANCE SPECIAL ORDINANCE - Change Order No. I on Alley Improvement 5711-1975 


DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS 


SYNOPSIS OF ORDINANCE Change Order No. 1 of Continental Construction Company 
in amount of $201.58 on alley paving between Wildwood and Klnnalrd Avenues from 

the first alley west of Hoagland to the first alley east of Fairfield is needed 

to allow for additional concrete needed to connect existing drives to the new 

pavement. The original alley was 12 feet wide and the new construction is 

10 feet wide. ^ 


EFFECT OF PASSAGE Provide for satisfactory completion of project 


EFFECT OF NON-PASSAGE Dissatisfied property owners 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) 
50-50 between property owners and city. 


All costs 






ASSIGNED TO COMMITTEE 































